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%.0. Box 8155, 5.W. Station 
Washington, B.C. 


12 September 1960 

QUBINCT: Report of Finel Audit of CPFF Contract 

he Perkin-Elmer Corporation — 

Horwalk, Connecticut 
: Gontract Ho. OM-FhOO : 
be 1 Gontracting Officer 
REF : SPR-2624-6o 
| L. A final audit hes been made of the contractor's claimed costs 
from inception through completion of work under the subject coutract. 


| 2. Whe euditor's recommendations are summarized as follows: 


duditor's Recommendations 
Contractor's Yor Yor 
Giain Aeceptance Non-Acceptance 
Costs $173,308-18 $273,007.00 $301.28 (a) 
Fee 16,410.00 . 
25X1A10 Total $289,715.18 


S. CHANGED TOM 
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3. Included in the amount recommended for acceptance in 
ud 0 peragraph a 
ia a total amount of $52,419, representing overhead and G & A tthe 
the fisoal year ended 32 July 1960 at rates used by the contractor which 
ora finalised by wegotiation with the cognisant goverhment agency, 


Tabor Ovarheed 


Total : 


4. Of the total costs for material and stores is 

‘ wues incurred 

i contract of $11,263.50, there is a residual daventory of Gey | 

3700. Property controle currently in effect have been accepted as : 

satisfactory by the auditor. Parmigsion has been requested of the Contract- 
ing Officer by the contractor to effect transfer of the residual inventory 


to other suryvent contracts. 
_. idaison Officer 


Mastera District 
suitor General 
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